Proposed  GNN  Development  Schedule 


DATE 

VERSION  &  PLATFORM 

TO 

RATIONAL  FOR  DATE 

June  1995 

GNN  1.0  Win  3.1 

Compaq 

September  1995 

GNN  1.1  Win  3.1 

OEM  Bundles 

October  10, 1995 

GNN  1.2  Win  3.1 

Golden  Master  for  Launch 

Launch;  time  for  disk  production 

October  10,  1995 

GNNpressl.0Win3.1 

GM  for  GNN  FTP  site,  CD- 
ROMs,  etc. 

Launch;  time  for  disk  production 

October  3 1,1995 

GNNpressl.l  Win3.1 

GNN  FTP  site,  CD-ROMs 

HTML  3.0  authoring  ASAP 

November  10,  1995 

GNN  1.2  Win95  Preview 

Preview  for  Fall  Comdex 

Create  Buzz  at  Comdex 

November  10,  1996 

GNN  1.0  Mac  Beta 

Beta  for  Fall  Comdex 

Create  Buzz  at  Comdex 

December  1,  1995 

GNN1.2Win95 

Golden  Master 

Disks  for  Post-Christmas  season 

December  15,  1996 

GNN  1.3  for  Win  3.1  Patch 

Patch  Server,  etc. 

Improve  UI,  Performance,  etc. 

January  15, 1996 

GNN  1.2  Mac 

Golden  Master 

Multiple  platforms  ASAP 

January  20, 1995 

Ubique  1.0 

Golden  Master 

Enhance  Community  ASAP 

March  30,  1996* 

GNNpress  2.0  Win  3.1/95  Mac 

Golden  Master 

Summer  PC  hard  drives 

April  10,  1996  * 

GNN  2.0  Win  3.1/95 

Golden  Master 

Summer  PC  hard  drives 

September  1996 

GNN  3.0  Win  3.1/95,  Mac 

Golden  Master 

Modems  for  Christmas  season 
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